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BILL: NO. w 


AN ORDINANCE approving Change Order 
No. 1 for Res. 6061-86 - Luther 
Sidewalks and Drives, with Gaines 
Construction Company, in connection 
with the Board of Public Works 

and Safety of the City of Fort 
Wayne, Indiana. 


NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 
SECTION 1. That Change Order No. 1 for Res. 6061-86 - 
Luther Sidewalks and Drives, with Gaines Construction Company, 
in connection with the Board of Public Works and Safety, for: 
this Change Order is necessary 
because drainage problems ne- 
cessitated removal and replace- 
ment of drive approaches. Also 
curb and curb removal at these 
drives; 
involving a net increase of Three Thousand Five Hundred Forty 


and 50/100 Dollars ($3,540.50), all as more particularly set 


forth in the specifications, and which is on file with the Office 


of the Board of Public Works and Safety and is by reference incor- 


porated herein, made a part hereof, and is hereby in all things 
ratified, confirmed and approved. 
SECTION 2: That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 


| approval by the Mayor. 











Councilmember 


APPROVED AS TO FORM 
AND LEGALITY 


ew oxberger, City Attorney 


>< 


i | 
SPECIAL ORDINANCE NO. S- / 24 -P'7 
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< on motion by AA is 




























second $ est agopted, ad Ene second tim. 
Diy see r sa s o) icblle — Lali. the: Ci 
PIECI sie 3 2zcaticn) and DGD S Hoa Lie EOS Aeld after 
due legal notice, at tha Council Chambers, Cl ey=Cotnty Building, Fort Way: 
PRE ana; on y Te day of 
eis pie: oC} LE 
a EI A O FEST ga RE 
DATES 6 ; 9, > Y Td s A AS 
SANDRA E. KENNEDY, CITY CLERK 
=> 
Read the eine: in fuil anavon motion by 


seconded by 


and duly adopted, placed on its 
passage. PASSED 


(595%) by the tollowing vote: 




















AYES * NAYS ABSTAINED ABSENT  TO-WIT: 
TOTAL VOTES $ ea 
TOTAL VOTES E, co A A ae as 
BRADBURY a oak 
BURNS ba. 
EISBART ae ; 
GiaQUINTA A 
GiaQUINTA no: ite ss IS A dc E eae 
HENRY ‘a tes 
E hae IE: CREE fr MES MES A O. 
REDD bu E 
SCEMIDT or: 
SCHMIDT ee rag a AE E E A See 
STIE? oe 
sin: Bees Mat ie eee ae E, 
TALARICO Da 


es LLY? Li EA 


SANDRA E. KENNEDY, CITY CLERK 


Passed and adopted by the Common Council of the City of Fort 


Wayne, Indiana, as St Pe ora nape or. 
(SPECIAL) (ZONING MAP) ORDINANCE ( ION) NO. AAA 






—— eee 


Io a 


on the ee day of 






SANDRA E. KENNEDY, CITY CLERK 


Presented by me to the Mayor o 


on the lA day of 


at the hour of E AR AA 
A 





E 


SANDRA E. KENNEDY, CITY CLERK 


, 


Approved and signed by me this pes. of , 


19 ba . at the hour of GE eo 


pa 


WIN MOSES, JR., MAYOR 





f 7 CHANGE ORDER 


Change Order No. T Resolution No. 6061-86 
Project No. Board Order No. 259-86 
Name of Project Luther sidewalks and drives Date 6/4/87 
Tos Gaines Construction Co. 

(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Description of Change Change in Contract Price 


Quantity Material Unit Price| Decrease 


see attached sheet 





Total Decrease $3,336.00 
Total Increase $6,876.50 
Net ERELL ASST (Increase) Contract Price | 53, 5405.50 
The sum of $ 3,540.50 is hereby (added to) Xkexuxxtexxsxfmom) the total contract 





price, and the final contract price shall be adjusted as follows: 


Original Contract Price $ 30,918.20 
Current Contract Price Adjusted by Previous Change Order $ 


New Contract Price Including this Change Order $ 34,458.70 


The time provided for completion in the contract for this project is (unchanged) (Kimunmeasedx 
(ABODSESARX by _0 calendar days due to this Change Order. The date for completion 
of all work shall be the same . Furthermore, this document shall become an 
amendment to the contract and all provisions of the contract shall apply hereto. 
Recommended by: Chief Engineer) Date 
e Ty MEA 

Accepted by: OZ HAS b AN ` Contractor Date Ma \ 
Approved by: () baler J AS City Engineer) Date 

7 z eee Gee ee oe ae a Pee 

a 

Approved eS a Owner) Date i) Se a 


Ə, aQ 


Attested RM olom 2 UN fre BAS Pore 60-97 





Ha 


vT 
Change Order No. 1 
Resolution No. 6061-86 
Board Order No. 259-86 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: Unforeseeable draining problem necessitated removal and 


replacement of drive approaches. Also curb and curb removal at these drives. 














Will proposed change alter size of the project? Yes No 


If yes, explain: 


Affect on operation and maintenance cost of this project: None. 

















Engineer 


CONTRACTOR: GAINES CONST. 


RES. NO: 6061-86 


PROJECT:LUTHER ST. SIDEWALKS & DRIVES 


DATE: 5-7-87 


: 209-B6 
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TOTAL 


t 
1 
t 
i 


TOTAL 


t 
i 
t 
: 


CHANGE 


i CHANGE 


bed UNIT 
PRICE 


ACTUA 


PLAN 
QUANT. | QUANT. 


MATERIAL 


t 
i 


TEN 


I 


NO. 


COST 


COST 
ACTUAL 


1 
i 


i 
t 
t 
5 
t 


PLAN 


+ DECREASE { INCREASE : 


1$) 


E 5400.00 1 $3,120.00 ! 


0.00} 2280.00. 


E a 0 


0780100135041 


¡Concrete Removal 


2. 


1. 


t 
t 
t 
t 


1 
=o 
15> 
I 
1 
io 
io 
= 
eo 
pr 
y 
1 
[i 
> 
io 
ame 
4 seh 
ya 
on 
1 
in 
i 
$ 
A 
t 
1 
io 
los 
io 
1 
1 
1 
1 
i 
1 
1 
1 
mo 
im 
los 
E] 
pra 
= 
IM 
1 
1 
I 
' 
t 
oS 
io 
lo. 
104 
I 
1 
1 
[i 
' 
I 
1 


I 8950} 54321 


¡Concrete Sidewalk (4")} 


t 
1 


950.00 | 4075.00 | $3,125.00 | 


0.00 i 950.00 


E Ol 


1250 | 1630 


iConc.Wingwalk (with ramps b") 


y 
i 


yA 
wa 


1630 | 


1 $1,118.00 


2732.00 


¡Concrete Drive (4*) 


t 
t 


4, 


i 
$7,500.00 ! 


1 
t 
t 
1 


7500.00 


¡Catch Basin Type I-E (Remove & 


a 


~~ $300.00 | 


1 
1 
i 
t 


300,00. 


0.00 10.00! 


300.00. 


1i 


ENCI 


‘Abandon Structure 


Replace} 


ig 


1 
t 
' 
t 
' 
t 
t 


' 
i= 
IN 
los 
y 
104 
1 
i 
I 
I 
1 
i 
1 
13 
oN 
to. 
pa 
IN 
1 
t 
1 
! 
I 
taa 
[i 
p 
1 
lo. 
i= 
t 
' 
1 
! 
' 
I 
I 
‘ 
c= 
io 
los 
> 
1 
I 
1 
[i 
1 
I 
I 


5 
i= 
y 
oe 
po 
1 
' 
1] 
' 
t 
1 
' 


EEVA 


alba 


7. 


¿Stone for Adjusting Walk 


iTop Soil 


4 
i 
1 
1 
1 
i 
t 
t 


1 
i> 
mo 
to. 
poe 
IEN 
10) 
to” 
po 
1 
t 

i 

[i 
> 
1 
loo» 
ist 
IEN 
iN 
y 
[i 

I 

' 

i] 

i 
¡S 
los» 
pa 
I 

1 

1 

1 

' 

[i 

U 

I 
i> 
1 
Le 
oS 
t 

1 

' 

I 

t 

' 

' 

I 
p5 
eD 
los 
IEN 
[i 

1 

1] 

1] 

1 

I 

! 

1 
to 
| 
tn 
[i 

1 

' 

t 

t 
Les 
im“ 
~~ 
1 

1 

1 

1 


t 
1 
1 
E 


d. Weed, Mulch & Fertilizer 


ae 


¡Tree Removal 


$0.00 


1 
eee ee eee eee 


E] 
© 
. 
> 
a 
haad 
I 
i> 
im 
i >» 
© 
12 
y 
i 
1 
t 
[i 
4 
mm 
' 
io 
ic 
los 
13 
t 
1 
I 
1 
1 
1 
' 
1 
| 
pa 
Lie 
<= 
yd 
' 
1 
1 
i 
[i 
1 
1 
yr 
1 
4 
' 
t 
I 
I 
I 
1 
1 
I 
1 
1 
1 
' 


I 

1 

[i 

i 

I 

' 

1 

1 

1 

' 

I 

t 

' 

' 
phot 
io 
i 
E a 
i> 
| E 
i, 
103) 
' 
los 
the 
in 
I> 
i 

= 
104 
i 

1 

t 

! 

' n 
Lm 
lw 


12: 


$0.00 : 


Ú 
1 
1] 
t 


t 
1 
t 
t 


[i 
[i 
1 
I 
' 
1 
I 
4 
' 
t 
I 
4 
la 
tu 
los 
pa 
1c 
103 
t 
1 
1 
1] 
t 
1 
i> 
y ura 
te 
ta 
10 
103 
! 
1] 
1 
! 
t 
I 
= 
> 
lo» 
> 
1 
t 
[i 
I 
1 
[i 
1 
I 
D 
= 
los 
pra 
I 
1 
1 
1 
I 
1 
1 
I 
Erei 
ios 
am 
ao 
104 
i 
1 
1] 
= 
1 
i 
1 
1 
1 
(j 


iCURB REMOVAL 


5 
1 


A Pm e 


13. 


t ' 1 t 
flees Sek, EEE E A ORR, i i : 
O A 


y 
1 


$0.00 1 


766.00 | 


0.00 | 966.00 


12,00 


80.5: 


0 


¿NEW CURB TYPE HI 


1 
I 
1 
t 


mammam mm EA ms a a oa e oa ae e a om ae oa 


= ae e a ae enn 


1 
1 
, 
a 


1 i 
1 1 

mo ee o a oe ee A RA AN e aoo an am o amn an o aso 
1 ' 1 
1 1 i 


i 
1 


i 1 
A E CER e 


1 
i 


i 1 
SE E, MRS bd 
i 1 
i ! 


i 
t 
[i 
t 


1 1 1 1 
1 i i 
i 1 ! 


1 1 
rr. t m am o an om e t 


we wn ee eee ee 


i ' 
1 i 
= om a ae me ae ae mm wee ow wwe www wwe 


i 
t 


t 
t 
t 
t 
t 


$6,876.50 | $34,458.70 i $30,918.20 
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TOTALS: 


DIFFERENCE: | 


e 


$0.00 | $3,540.50 | $3,540.50 


1 
Admn. Appr: 


TITLE OF ORDINANCE Change Ordér #1 for Res. 6061-86 Tuther Sidewalks & Drives 
DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safet 
et ety 


SYNOPSIS OR ORDINANCE Change Order #1 for Res. 6061-86 Luther Sidewalks & 
Drives because of drainage problems necessitated removal and replacement of 
drive approaches. Also curb and curb removal at these drives. 


Gaines Construction Company is the contractor. 7 





ae eer A A A E A 


EFFECT OF PASSAGE Improve drainage on above. 

E 
EFFECT OF NON-PASSAGE 
A A A ee 
MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase of $3,540.50 
at A O O da eo O E e O A O 
ASSIGNED TO COMMITTEE 
¿____  _  _ _—_ A A E E A a A eri 


BILL NO. 576 1-00=53 
REPORT OF THE COMMITTEE ON PUBLIC WORKS 


WE, YOUR COMMITTEE ON PUBLIC WORKS TO WHOM WAS 


REFERRED AN (ORDINANCE) (RESOKURKGN) approving Change Order 


No. 1 for Res. 6061-86 - Luther Sidewalks and Drives, with 


Gaines Construction Company, in connection with the Board of 


4 


* 


» 


HAVE HAD SAID (ORDINANCE) , (RESOLUTION) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


a IE ITA, A ee 
YES NO 
a {3 _-. SAMUEL J. TALARICO 
CHAIRMAN RARE Se ae 
(0t0/_cZIANET G. BRADBURY 
VA VICE CHAIRPERSON SR A o e 
PAUL M. BURNS 
EE A UNS: EN 
JAMES S. STIER 
A A E E 


A 7 3 
e ae A ee B. REDD 
i n a EEE Ea e a a A 


CONCURRED IN EA Sf ee SANDRA E. KENNEDY 
7 CITY CLERK 













